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MEMORANDUM FOR: Director, Data Processing 


STATINT RON. bwdoepth : Ne 
ae - “Chie, Bpecha. ro éfestes staf t/opr 
“punTeer ‘YY BES Weakly Statue Report for Week 
Ending 16 BDacember 1977 
Ll. SARE. 


. LAS consolidated SARE Management Plan Rik BAR. rn 
coacdingtes mete CIA by b/DCI and in DIA by the System 

Planning Office. Abl CIA, OFA and IC Stati comments were 
acaommoda tad. an the Ld December Aa? version, 


STATINTLE 


a Be. OA awaktag. 
~— wae held te ceveitw the coinmunloution system design and initia 
architectural and sub-ayatem atudies. 


Sent Cc. — reviewed their communications system 


architecture at a meeting on 13 Decarber. 
: [. ae 
ran ADBTAR Re 


As Bite ee ee for the ppO apsrar degen 
have been prepared and reviewed. oney wiih be delivered — 
to DDO next Weak . 


STATINTL - SB. Mey HB si etacea o our investigation af the 
use of TOC Dacument If camerag in ADBSTAR. He has had 
contact with foc and visited Computer Mierofilm international 
Corporation, a user of the Document: It Cameras. 


STATINTL, Cs tt. IE copresontatives to 
Giscues project statue, ~ ag 
ed STATINTL i 
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: A. ‘he OL's Contract Review Board was briefed on 
14 December 1977 concerning the procurement of the six 
additional graphic stations. The Board agrees that negotl~ 
STATINTL ations should proceed, 


pn, The contractor hug requested the usa of another 
Delta Data terminal tovald dn the system implemantattonee nn ~ 
This termitial would be utilised until tha TBM 360/67 le 
converted from an unclassified to a secure operation. 

c. The system disk on the 360/67 wae damaged on 
la Dacember 1977 and the contractor had neglected ta produce 


a backup. This caused the syatem to be out-of-service | 
moot of the day. A primary and a duplicate system disk | 


wera generated by 1400 hours . 
| oa STATINTL 


4. RAPID 


&. ALL contact waa atoppead with the contractor 
when it was discovered that PD/OL hed held opening nagotiations 
with the purent corporation to terminate the contract, 


STATINTL 


STATINTL 
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